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DRAFTED BY A/SY/FO:WJHOLDA:SO 
APPROVED BY A/SY/FO - RALPH EARL 
OC/PE - T. A. LARSON (SUBS) 

OC/L - W. CARTER (SUBS) 
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R 120027Z SEP 75 
FM SECSTATE WASHDC 
TO AMEMBASSY MANILA 


LIMITED OFFICIAL USE STATE 216882 
E.O. 11652: N/A 
TAGS: ASEC 

SUBJECT: SEABEE PROJECT MANILA 

REE: STATE A-2431 APRIL 8, 1975, STATE 157992, 

MANILA 12632 

1. CCC PHYSICAL VAULT RENOVATION SPECIFICATIONS DID NOT 
ENCOMPASS EXTENSIVE ELECTRICAL REQUIREMENTS. IE EXTEN- 
SIVE ELECTRICAL CHANGES ARE ANTICIPATED DEPARTMENT RE- 
QUIRES ELECTRICAL SURVEY FOR REVIEW AND APPROVAL. 

2. ATO SHOULD BE REQUESTED TO SUPPLY ASSISTANCE FOR 
MINOR ELECTRICAL CHANGES IN CONJUNCTION WITH CCC 

PHYSICAL VAULT RENOVATION APPROVED BY DEPARTMENT. KISSINGER 
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